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BILL NO. S-77-06- 


'Sja 




SPECIAL ORDINANCE NO. S- 


AN ORDINANCE approving a contract with 
John Dehner, Inc. for materials for the 
Water Pollution Control Engineering 
Department. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That the contract dated June 10, 1977, 
between the City of Fort Wayne, by and through its Mayor and the 
Board of Public Works and John Dehner, Inc., for: 


Labor, Material and Equipment for 


Radcliff Court - Sewer Relief Project $2,038.00 


all as more particularly set forth on City Utilities Purchase 
Order No. 9022, which is on file in the Office of the Department 
of Purchasing and is by reference incorporated herein, made a 
part hereof and is hereby in all things ratified, confirmed and 
approved. 

SECTION 2. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 




APPROVED AS TO FORM 
ANDL£GAU;Y__ 











seconded by 4 


Read the first time in full and on motion by 

_, and duly adopted , read the second time by title and referred to the 


Committee on 




(aritTthe Cixy^inTi - (^mmis'siurrfor' 


recommendation) and Public Hearing to be held after due legal notice, at the Council Chambers, 

City-CountyBuilding, Fort Wayne, Indiana, on __, the_day 

of _, 19_, at_o'clock 


DATE: _ 6 7? - 


Read the third time in full and on motion by _ 


MtvE . S . T . 


CITY CLERK 


u2&^±±?L 




seconded by_ 

PASSED (L^fe) by the following vote: 

AYES NAYS 


_, and duly adopted, placed on its passage. 


ABSENT TO-WIT: 


TOTAL VOTES 

BURNS 

HINGA 

HUNTER 

MOSES 
NUCKOLS 
SCHMIDT, D. 

SCHMIDT. V. 

STIER 

TALARICO 

DATE: 


£1 








7-yjzll 


L 



CITY CLERK 


Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, as 



^ANNEXATION) (SPECIAL) (APPROPRIATION) ORDINANCE 

77 on the _day of 19^? 


fTEST: (SEAL) 


PRESIDING OFFICER 

the Mayor of the City of Fort Wayne, Indiana, on the /ax* 
_, 19ZZ at the hour of_ 'cjpck ^ M j,,E .S .T. 


day of 


Approved and signed by me this 
at the hour of_ cS CS f&L _ _o'clock 


\=r° 








































































































Bill No, 


$-77-06-56 


We, your Committee on 


REPORT OF THE COMMITTEE ON CITY UTILITIES 
City Utilities _ to whom was referred an Ordinance 


approving a contract with John Dehner, Inc, for materials for the Water 

Pollution Control Engineering Department 


have had said Ordinance under consideration and beg leave to report back tp the Common 
Council that said Ordinance _____ 

PASS. 


PAUL M. BURNS - CHAIRMAN 


FREDRICK R. HUNTER - VICE CHAIRMAN 


VIVIAN G. SCHMIDT 


WINFIELD C. MOSES, JR. 



JAMES S. STIER 


CONCURRED IN 

7"/>' 77 .. — 

DATE_CHARLES W. WESTERMAN, CITY CLERK 

































: Memorandum 

~ 0 H.P. Wehrenberg, Board of Works ___ Dat« June 10 , 19 7 7 

F rofn Ruth Hinqet, Purchasing DenartmeaJ: . . . . 

Subject Radcliff-Court-Sewer Relief Project _______ 


COPIES TO: 

J. Morreale 
P. Boiler 


Herewith is Purchase Order No. which is prepared 

favoring John Dehner, Inc. for Labor,' Material and Equipment 
for Radcliff Court - Sewer Relief Project. 

Invitational Bids were received May 24, 1977 through 
the Water Pollution Control Engineering Department. Four 
bids were received with John Dehner, Inc. being the lowest 
at $2,038.00. 

Attached are the following documents in support of the 
recommendation for acceptance of John Dehner, Inc. bid; 

1. Copy of tab sheet 

2. All vendors bids 

3. Copy of Purchase Order 

It is urged that in referring this bid-quote to the 
City Council for enactment of an ordinance, that all of the 
attached items, together with this memorandum (or copies), 
be included with the proposed ordinance. 

Please make sure that no confirming Purchase Order 
Number (s) is given to John Dehner, Inc. until evidence of 
Council approval is furnished to the Purchasing Department. 



Approved: 


A. C. LordV 














. ; INVITATIONAL RIDS RECEIVED AN!) MAY 24, 1977 

PROJECT UADCL1FF COURT - SEWER RELIEF RES. NO. OPENED IN W.P.C. ENGINEERING DEPARTMENT DA1L 9:00A.M. 



~~aTTj : n7 a c t o r "ZTznrz-_"Z3__ 

JOHN DF.HNER, INC. 

T & G EXCAVATING 

BERCOT, INC. 

HIPSKIND AS! 

PHALT, IN 

CERI'IFIED CHECK 

EQUAL EMPLOYMENT STATEMENT 







. 


NON-COLLUSION AFFIDAVIT 








_ 

_ 

BID DOND 










FINANCIAL STATEMENT 













& 


DESCRIPTION 

UNITS 

EXTENSION 

U.» 

EXTENSION 

U.P ■ 

EXTENSION 

U.P. 

EXTENSION 

U.R 

EXTENSION 



97 + L.F. 


$30.00 

$810.00 

$36.00 

$ 972.00 

$38.37 

$1,035.99 

$34.00 

$ 918.00 ' 



28 + C.Y. 


10.$0 

294.00 

12.50 

350.00 

15.00 

420.00 

14.00 

392.00 

L 

Remove & replace 8" Concrete Pave. 

37 + S.Y. 


25,00 

925.00 

33.00 

1,221,00 

31.45 

1,163.65 

55.00 

2,035.00 

4 


3 + S.Y. 


3.00 

9.00 

9.00 

27.00 

20.00 

60.00 

20.00 

60.00 ‘f 
























r 












X : | 
















































. | 

1 








■ 




■ m 

T' 

b s>! ‘ 









' J 



'A 

CONTRACTOR'S TOTAL BID 




12 ,038.00 

W$ 

§2,570.00 


$2,679.64 


?3,405.00 X 

1 

;?iU~ 

ADVERTISING COST 




.... 





















l HIGHWAY PERMITS 





■ A y L L*v; 


■f; 

0/ 

T'-Wks' 



\ 

^inspection g engineering 




> 500.00 


$ 500,00 


§ 500.00 

§ _500. CO 


r- 

V$E TOTAL ESTIMATE 



§2, 

■ ^ 

513,00 • 

liP^ ; : 

' '§3.070.00 ’ 

§3,179,64 | 

$3,905.00 























































































































jmml Z trr?. 


Please order the following Material for Delivery as Specified: 
To be delivered i 


City Utilities 

1 U.SIT.ON /S06-/2 

myof 


PURCHASE REQl 




_Req. _ 2 ^ 

A - 2 -— 


QUANTITY 

r-." tr 

r^~J < 7 AO V 

DESCRIPTION 

f . 

«£• 

DEPARTMENT 
ESTIMATED COST 


1 >A Bee? , 

M P-TT P/AL /K/ys^ JFT) (//Pa**. 5 ^« 

^ * 

* 





ft 

* 

7-? S 

£>C\ 


PtfccD'^cT-' 












To 

Ixb/tA/ £ 

X/rC? 












"7 y f'A^x 7 5 A ?~7 , 

7^ 




C~/£A(?o£ Z 

1 7 V'V ' 

£/ Til / T^Y rcrAy&s- - — -— 

/ 1 






7 






PlS!^ jZdjjjr, 



# 

Z/J^2Lp:. 




RECElVfQ 



JT 


REMARKS: 


1 J'JN 0 107-1 







’ 0 IS// 





1 hareby certify that tho work or •uppK** 

7 * > U (1U1 jp^ 

- , GcN - SUPT. OFi-ir- 

Ms. PC £Z^r ^ — ^—-- - 


Dop*. HmkT 












































June 6, 1977 


64-247-14 


ACCOUNTING — City Utilities 

RADCLIFFE COURT - Sewer Relief 


Please Issue purchase order for the above to John Dehner, Inc. In the 
amount of $2,038.00. 


H. P. WEHRENBERG 
E. H. LAMAR 
M. G SCOTT 

BOARD OF PUBLIC WORKS 

ajf 

attachments 


cc: H. Biggs, City Engineer 

Phil Boiler, WPC Engineering 



RECEIVED 


JUN 7 19 77 




Z' ' 

# Memorandum || 

To Board of Public Works _—DaU May 24^.1977--- 

p fQm Philip R. Boiler, Chief Water Pollution Control Engineering-.-_- 

Su{j;-€t RadcliffC Court - Sewer Relief _____ 

COPIES TO; 


Howard Biggs 

As you requested, invitational bids were received by . ., 

File 

this office at 9:00 A.M., Tuesday, May 24, 1977. A bid tab¬ 
ulation sheet is attached for your files; and, of the four (4) 
bids received, John Dehner, Inc. is the low bidder in the 

lom Or v'M 

)C WORKS Amount'of §2,038.00. 

gf“n We recommend that the Board of Public Itork, issue a 

I# MAY zi 

HWc; 

19/7 |jj ^purchase order to the low bidder from Utility Funds. 

■—^—5 S JSincerely, 

NOTED 

f^H.P.W. 

*- ‘ , Zb' 

M.GSs : 

Date ! 

^^'lUii'^^U^^^Jo^Ller, P. E. 

Chief, Water Pollution Control Engineer 

PRB/TP/sw 

attachment • 


/jJ - 



















June 5, 7 7 64-247-14 


ACCOUNTING — City Utilities 

RADCLIFFE COURT - Sewer Relief 


Please Issue purchase order for the above to John Dehner, Inc. In the 
amount of $2,038.00. 


H. P. WEHRENBERG 
E. H. LAMAR 
M. G SCOTT 

BOARD OF PUBLIC WORKS 

ajr 

attachments 


cc: H. Biggs, City Engineer 

Phil Boiler, WPC Engineering 




JUN 7 1977 

VVater Po ,iu t; Qn Control Engr. Dept 
City-wunty BuiWin. On. c. PC> 


ri r ; ■'-u-urot tngr. Dei 
City-ucunty Building, 0n» S f 
Ft. Wayne. Indian 4630e ' 





THE CITY OF FORT WAYNE 


m 



CITY-COUNTY BUILDING • ONE MAIN STREET » FORT WAYNE. INDIANA 46S02 


engineering department 
7ih floor 


May 25, 1977 


TO: John Dehner, Inc- 

T & G Excavating 
Bercot, Inc. 

Hipskind Asphalt, Inc. 

Subject: Radcliff Court - Sewer Relief 

Gentlemen: 

Enclosed for your files is a copy of the bid tabulation on the subject 
project. 

Very truly yours. 



Chief, Water Pollution Control Engineering 


PRB/TP/lnnn 


cc: Board of Public Works 

Howard A. Biggs 
File y 


AN EQUAL OPPORTUN 



o F-.W.S.C. 19: 


; 




r 


JEDW ®JF fF®DBT*™WlG 

CITY UTILIT1ES 

DEPARTMENT OF PURCHASES 
ROOM 950 CITY-COUNTY BUILDING 
NUMBER ONE EAST MAIN SJREET 
FORT WAYNE , INDIANA 46802 

John Dehner, Inc. 

1206-12 Clark Street 
Fort Wayne, Indiana 46808 


L 


~1 


J- 




ORIGINAL 

PURCHASE ORDER NO. 






*/ 


June re iO re , Ce ' P l9 n 7 7 °' 


SHIP TO - 


Water Pollution Control Engineerin' 
Room 700, City County Bldg. 

One Main Street 
Fort Wayne, Indiana 46802 


MAIL ALL INVOICES TO - 

CITY UTILITIES 

J GENERAL ACCOUNTING 

4th FLOOR CITY- COUNTY BUILDING 
NUMBER ONE EAST MAIN STREET 
FORT WAYNE , INDIANA 46802 

INVOICE IN DUPLICATE, INCLUDING 
CERTIFICATION AS REQUIRED B 
INDIANA STATE BOARD OF ACCOUNTS 


UTILITY FUNDS 


Labor, Material and Equipment for 
Radcliff Court - Sewer Relief Projec t 


$2,038 


00 


Per your bid of 
Deliver to Site 



SUBJECT TO COUNCTLMANTC APPROVAL 


ATT E P 


TiOHl! 


Send a!! In 

Fort 
Show P. 
and Invc 


lour, • 


Tit' 
1 E. M 
iVayno, 

O. Numb, 
ice. 


General 
-County 
bin SL 
Ipdiana 46 
tr on Packi 


Accountin; 

I3ldg. 


302 

ing Slip 


NOTE: VERMS OF PA'fiv&v 


k'N ON FACE OF INVOICE. OTHERWISE A 2% CASH DISCOUNT WILL BE TAKEN' 




REVERSE 























CITY OF FORT WAYNE, INDIANA 


IMPROVEMENT TO STORM DRAINAGE 


CONTRACTOR'S PROPOSAL 


May 23, 


1977 


THE BOARD OF PUBLIC WORKS 
CITY OF FORT WAYNE, INDIANA 

The undersigned hereby certify that they have carefully examined the Sewer 
Specifications, 1975, documents for Radcliff Court - Sewer Relief specifications, 
for the bid prices of consideration named in the following schedule to wit: 

Beginning at an existing manhole located 25+ L.F. west of the southwest 
comer of Lot #12 of Hoevelwood Addition, Section "A", thence southwest 
27+ L.F. terminating at an existing manhole located 34+ L.F. south of and 
37+ L.F. west of the southwest comer of Lot #12 of Hoevelwood Addition, 

Section "A". 

and have also examined the premises at and adjacent to the location of the proposed 
work as herein described; the means of approach to the location; and are thoroughly 
familiar with the conditions under which the work is to be performed. 

The work shall be commenced at the time stated in the notice of the Contractor 
to proceed and shall be completed in 60 calendar days from and after the date stated 
in said notice. The City shall have the option to retain 10% of the dollar amount 
of the completed purchase order until the contractor completes the fine grading and 
seeding in the spring. All work is to be completed by August 1, 1977. 

The Contractor shall terminate work on such days and at such, locations as the 
Engineers shall designate when, if in their opinion, satisfactory work cannot be 
performed due to severe weather conditions. 

Such days as the Contractor does not work because of severe weather, shall not 
be included in the above number of days required for completion; nor shall such order 
for the Contractor to terminate work due to severe weather conditions entitle the 
Contractor to any extra reimbursement and/or claim for damage from the Owner. 

The undersigned proposed to furnish all labor, insurance, materials, apparatus, 
tools, power, transportation and construction equipment for the complete installation 
of a system of sewers and to perform such work and finish such materials in strict 
accordance with the Sewer Specifications and the plans now on file in the office of 
the Board of Works for the following prices: 



Vic e-P res i dent 




-~— -i-—--— 

RAD CLIFF COURT - SEWER RELIEF 

5- 

-9-77 

ITEM 1 QUANTITY 

DESCRIPTION 

UNIT i 

PRICE \ 

EXTENSION 


1. ] 27+ L.F. 

10" Ductile Iron Pipe 

30.00 

810 

00 

2. | 28+ C.Y. 

Special Back Fill 

10.50 

294 joo 

2. 

37+ S.Y. 

remove to replace 6 concrete 

pavement 

25.00 

925100 

4. 

3+ S.Y. 

Seeding and 2" mulch 

3.00 

9'C0 





| 






j 





















































































1 












I 

I 







CONTRACTOR’S TOTAL 

ENGINEERING AMD INSPECTION 
TOTAL PROJECT COST 

2,038. 

X) ; 









500 

00 

$ 2,538. 

.joo 

















































CITY OF FORT WAYNE, INDIANA 
IMPROVEMENT TO STORM DRAINAGE 
CONTRACTOR'S PROPOSAL 


£z'AX. 2^L w n 


THE BOARD OF PUBLIC WORKS 
CITY OF FORT WAYNE, INDIANA 


The undersigned hereby certify that they have carefully examined the Sewer 
Specifications, 1975, documents for Radcliff Court — Sewer Relief specifications, 
for the bid prices of consideration named in the following schedule to wic. 

Beginning at an existing manhole located 25+ L.F. west of the southwest 
corner of Lot #12 of Hoevelwood Addition, Section "A", thence southwest 
27+ L.F. terminating at an existing manhole located 34+ L.F. south of and 
37+ L.F. west of the southwest comer of Lot #12 of Hoevelwood Addition, 

Section "A". 

and have also examined the premises at and adjacent to the location of the proposed 
work as herein described; the means of approach to the location; and are thorougnly 
familiar with the conditions under which the work is to be performed. 


The work shall be commenced at the time stated in the notice of the Contractor 
to proceed and shall be completed in 60 calendar days from and after the date stated 
in said notice. The City shall have the option to retain 10% of the dollar amount 
of the completed purchase order until the contractor completes the fine grading and 
seeding in the spring. All work is to be completed by August 1, 1977. 

The Contractor shall terminate work on such days and at such locations as tne 
Engineers shall designate when, if in their opinion, satisfactory work cannot be 
performed due to severe weather conditions. 


Such days as the Contractor does not work because of. severe weather shall not 
be included in the above number of days required ror completion; nor snail such order 
for the Contractor to terminate work due to severe weather conditions entitle th_ 
Contractor to any extra reimbursement and/or claim for damage from the Owner. 


The undersigned proposed to furnish all labor, insurance materialsapparatus 
tools, power, transportation and construction equipment for the complete installation 
of a system of sewers and to perform such work and finish such materials xn strict 
accordance with the Sewer Specifications and the plans now on file m the office of 
the Board of Works for the following prices: 



.—- --- - -- ; - " -- --- 

HAD CLIFF 'COURT - SEWER RELIEF 5-9-77 


ITEM 

QUANTITY 

DESCRIPTION 

UNIT f 

PRICE 1 

EXTENSION 

1. | 27+ L.F. 

10” Ductile Iron Pipe 

<86 22 

977 

2. 

28+ C.Y. 

Special Back Fill 

4gf=L 


3 . 

37+ S.Y. 

remove to replace 8 concrete 

pavement 

33 ~ 


4. 

3+ S.Y. 

Seeding and 2" mulch 


X7\SS- 





\ 





i 





i 




















































































i 






l 








CONTRACTOR 1 S TOTAL 

Z570 


7--O JF4 04 T'/sS6~ f / . 

ENGINEERING AMD INSPECTION 
total PROJECT COST 




j 





500 

00 

3F77P 

\0jL 
























































■ CITY OF FORT WAYNE, INDIANA 


IMPROVEMENT TO STORM DRAINAGE 
CONTRACTOR'S PROPOSAL 

NAY Z 4 W?< 

__ , 1977 


THE BOARD OF PUBLIC WORKS 
CITY OF FORT WAYNE, INDIANA 

The undersigned hereby certify that they have carefully examined the Sewer 
Specifications, 1975, documents for Radcliff Court - Sewer Relief specifications, 
for the bid prices of consideration named in the following schedule to witt 

Beginning at an existing manhole located. 25+ L.F. west of the southwest 
corner of Lot #12 of Hoevelwood Addition, Section "A", thence southwest 
27+ L.F. ter min ating at an existing manhole located 34+ L.F. south of and 
37+ L.F. west of the southwest corner of Lot #12 of Hoevelwood Addition, 

Section "A”. 

and have also examined the premises at and adjacent to the location of the proposed 
work as herein described; the means of approach to the location; and are thoroughly 
familiar with the conditions under which the work is to be performed. 

The work shall be commenced at the time stated in the notice of the Contractor 
to proceed and shall be completed in 60 calendar days from and after the date stated 
in said notice. The City shall have the option to retain 10% of the dollar amount 
of the completed purchase order until the contractor completes the fine grading and 
seeding in the spring. All work is to be completed by August 1, 1977. 

The Contractor shall terminate work on such days and at such locations as the 
Engineers shall designate when, if in their opinion, satisfactory work cannot be 
performed due to severe weather conditions. 

Such days as the Contractor does not work because of severe weather, shalL not 
be included in the above number of days required for completion; nor shall such order 
for the Contractor to terminate work due to severe weather conditions entitle the 
Contractor to any extra reimbursement and/or claim for damage from the Owner. 

The undersigned proposed to furnish all labor, insurance, materials, apparatus, 
tools power, transportation and construction equipment for the complete installation 
of a system of sewers and to perform such work and finish such materials in strict 
accordance with the Sewer Specifications and the plans now on file m the office of 
the Board of Works for the following prices: 







# #- 



SADCLIFF COURT - SEWER RELIEF 5-9-77 

HAY 2 4 1977 

ITEM 

quantity 

DESCRIPTION 

UNIT i 

PRICE | 

EXTENSION 

1. 

27+ L.F. 

10" Ductile Iron Pipe 


/OSS' 

9f < 


2. 

23+ C.Y. 

Special Back Fill 

/S'M 

//zo 1 

°° 


3. 

37+ S.Y. 

remove to replace 8” concrete 

pavement 

3U^ 

//63 ! 

{.S' 


4. 

3+ S.Y. 

Seeding and 2" mulch 

l.o;'c>0 

kO 1 

O 0 





i 







i 





'V . ; ' ■A--..,. ,, ■ 


, -A A 
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i 






i 








CONTRACTOR’S TOTAL 

H7f 


BHRCOT, INC. 

3333 MOBILE AVENU5 

E0$T)WAYr:S, INDIANA -Mi 80S __ 

( ENGINEERING AND INSPECTION 

] TOTAL PROJECT COST 









500 

loo 

i 
































































CITY OF FORT WAYNE, INDIANA 


IMPROVEMENT TO STORM DRAINAGE 


CONTRACTOR’S PROPOSAL 


Hay 24, 1977 


1977 


THE BOARD OF PUBLIC WORKS 
CITY OF FORT WAYNE, INDIANA 

The undersigned hereby certify that they have carefully examined the Sewer 
Specifications, 1975, documents for Radcliff Court - Sewer Relief specifications, 
for the bid prices of consideration named in the following schedule to wit: 

Beginning at an existing manhole located 25+ L.F. west of the southwest 
comer of Lot #12 of Hoevalwood Addition, Section "A", thence southwest 
27+ L.F. terminating at an existing manhole located 34+ L.F. south of and 
37+ L.F. west of the southwest comer of Lot #12 of Hoevelwood Addition, 

Section "A". 

and have also examined the premises at and adjacent to the location of the proposed 
work as herein described; the means of approach to the location; and are thoroughly 
familiar with the conditions under which the work is to be performed. 

The work shall be commenced at the time stated in the notice of the Contractor 
to proceed and shall be completed in 60 calendar days from and after the date stated 
in said notice. The City shall have the option to retain 10% of the dollar amount 
of the completed purchase order until, the contractor completes the fine grading and 
seeding in the spring. All work is to be completed by August 1, 1977. 

The Contractor shall terminate work on such days and at such locations as the 
Engineers shall designate when, if in their opinion, satisfactory work cannot be 
performed due to severe weather conditions. 

Such days as the Contractor does not work because of severe weather, shall not 
be included in the above number of days required for completion; nor shall such order 
for the Contractor to terminate work due to severe weather conditions entitle the 
Contractor to any extra reimbursement and/or claim for damage from the Owner. 

The undersigned proposed to furnish all labor, insurance, materials, apparatus, 
tools, power, transportation and construction equipment for the complete installation 
of a system of sewers and to perform such work and finish such materials in strict 
accordance with the Sewer Specifications and the plans now on file in the office of 
the Board of Works for the following prices: 



RAD CLIFF COURT - SEWER RELIEF 


5-9-77 


1 


ITEM 

QUANTITY 

DESCRIPTION 

UNIT 3 

PRICE I EXTENSION 

1. 

27+ L.F. 

10" Ductile. Iron Pipe 

34,00 

918 

,00 

2. 

28+ C.Y. 

Special Back Fill 

14,00. 

I 

392! 

,00 

3. 

37+ S.Y. 

remove to replace 8" concrete 

pavement 

-55*0.0. • 

2,035! 

.00 

4. 

3+ S.Y. 

Seeding and 2" mulch 

-2Q.-QQ 

6o| 

.00 





i 






i 






i 






i 






1 






! 












. 






1 

1 

! 

1 




































i 






1 











- 








CONTRACTOR’S TOTAL 

HIPSKIND ASPHALT CORPORATION 

B y; 

David L. riipskind ^ 

3,405 

,00 




! 



President 

ENGINEERING AND INSPECTION 
TOTAL PROJECT COST 

i • ■ 

1 


\ ' 500 

00 

i 

























































(£i in of Part Wagne 



engineering department 


CITY—COUNTY BUHDING 
ONE MAIN STREET 


FORT WAYNE. INDIANA 46802 


EE: Radcliff Court - Sewer Relief 
Gentlemen: 

You are invited to bid on the above project, and a copy of the drawings 
are attached herewith. 

Bids must be submitted by 9:00 a.m. on Tuesday, Hay 24, 1977, at 
the Office of the Chief Water Pollution Control Engineer, City-County 
Building, One Main Street, Fort Wayne, IN; at which time they will 
be opened and read. 

Attached is a bid proposal describing the work which is to be used 
if you desire to bid. Payment will be made in cash. 

For additional information, feel free to contact Mr. Pallone and/or 
the undersigned. 

Yours truly, ’ . 



Philip R. Boiler, P.E. 

Chief Water Pollution Control Engineer 

PRB/TP/ds 

cc Board of Works 
H. Biggs 
File 



CITY OF FORT WAYNE, INDIANA 


IMPROVEMENT TO STORM DRAINAGE 
CONTRACTOR'S PROPOSAL 


.» 1977 


THE BOARD OF PUBLIC WORKS 
CITY OF FORT WAYNE, INDIANA 

The undersigned hereby certify that they have carefully examined the Sewer 
Specifications, 1975, documents for Radcliff Court - Sewer Relief specifications, 
for the bid prices of consideration named in the following schedule to wit: 

Beginning at an existing manhole located 25+ L.F. west of the southwest 
comer of Lot #12 of Hoevelwood Addition, Section "A", thence southwest 
27+ L.F. terminating at an existing manhole located 34+ L.F. south of and 
37+ L.F. west of the southwest comer of Lot #12 of Hoevelwood Addition, 

Section "A". 

and have also examined the premises at and adjacent to the location of the proposed 
work as herein described; the means of approach to the location; and are thoroughly 
familiar with the conditions under which the work is to be performed. 

The work shall be commenced at the time stated in the notice of the Contractor 
to proceed and shall be completed in 60 calendar days from and after the date stated 
in said notice. The City shall have the option to retain 10% of the dollar amount 
of the completed purchase order until the contractor completes the fine grading and 
seeding in the, spring. All work is to be completed by August 1, 1977. 

The Contractor shall terminate work on such days and at such locations as the 
Engineers shall designate when, if in their opinion, satisfactory work cannot be 
performed due to severe weather conditions. 

Such days as the Contractor does not work because of severe weather, shall not 
be included in the above number of days required for completion; nor shall such order 
for the Contractor to terminate work due to severe weather conditions entitle the 
Contractor to any extra reimbursement and/or claim for damage from the Owner. 

The undersigned proposed to furnish all labor, insurance, materials, apparatus, 
tools, power, transportation and construction equipment for the complete installation 
of a system of sewers and to perform such work and finish such materials in strict 
accordance with the Sewer Specifications and the plans now on file in the office of 
the Board of Works for the following prices: 



INSTRUCTIONS TO BIDDERS 
FOR INVITATIONAL BIDS 

1. Sealed proposals will be received by the Chief Water Pollution Control Engineer 
of the City of Fort Wayne, in the State of Indiana, until 9:00 o'clock a.m., on the 
24th day of May, 1977, at which hour the bids will be publicly opened and read, for 
the following described work: 

RADCLIFF COURT - SEWER RELIEF 

The bids will then be examined and compared, as to the amounts of the different 
bids and the character and sufficiency of the materials and apparatus offered. The 
engineer expressly reserves the right to reject any and all bids and to judge the 
character and sufficiency of the materials and apparatus bid upon them. 

2. Permission will not be given for the withdrawal or modification of any proposal 
after the same has been filed. 

3. Each proposal shall be endorsed with the title of work, the name of the bidder, 
and the date of its presentation. All bids shall be filed on or before the day and 
hour mentioned above and no proposal presented after this time shall be accepted. 

4. All bids (amounting to $5,000.00 or more) must be upon Bid Form 96A. It is to 
be understood that all provisions of Bid Form #96A as prescribed by the State Board 
of Accounts, are to be considered to be a part of the bid form which follows, with 
such additions incorporated therein as found necessary for the project. The visual 
statutory affidavit shall be made on the form provided. 

All bids shall include the exact quantity of each item shown on the bidding 
form, for each section of the job, and the tital cost of the various sections shall 
be considered a lump'sum bid. 

5. The successful bidder, at the time of issuance of a purchase order by the Board 
of Public Works, will be required, at his own expense, to furnish bond guaranteeing 
faithful execution of the purchase order, in full amount of the bid price, executed 
by the bidder and surety to be approved by the Board, on the bond form marked 
"Performance Bond", and bound herewith. The performance bond shall contain the 
following clausa: "The said surety, for value received, hereby stipulates and agrees 
that no change, extension of time, alteration or addition to the terms of the contract 
or to the work to be performed thereunder, or the specifications accompanying the 
same, shall in any wise affect its obligation on this bond, and it does hereby waive 
notice of any such change, extension of time, alteration or addition to the terms 

of the contract, or to the work or to tne specifications . 

6. The successful bidders for any or all parts of the work, will be required to 
pay, and to require that any of the subcontractors pay, wage rates on this work which 
shall not be less than the prescribed scale of wages as determined pursuant to the 
provisions of Chapter 319 of the Acts of the General Assembly of Indiana, of 1935. 



INSTRUCTIONS TO BIDDERS: - CONTINUED 


7. VISIT TO SITE: Bidders are required to visit the site and inform themselves 
fully of the conditions relating to construction and labor, under which the work 
will be done. 

8. All work shall be done within the street right-of-way. 

9. All removed and excavated material shall become the property of the contractor 
and shall be removed from'the job site. 

10. The specific amount of concrete pavement to be removed is described in Special 
Note #2. 
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TITLE OF ORDINANCE special ordinance - city utilities purchase order no. 9022 - john d ehner, 
DEPARMjJT REQUESTING ORDINANCE BoaBD of public tobks __ 

Ji y 7- a L-s(>. 

SYNOPSIS OF ORDINANCE city utilities purchase order no. 9022 , john dehner, inc. 

IN THE AMOUNT OF $2,038.00 FOR RADCLIFF COURT, SEWER RELIEF PROJECT, EMERGENCY 

REPAIR. 

(THIS WAS THE LOWEST OF FOUR BIDS RECEIVED) 


(SEE ATTACHED MEMORANDUM) 


EFFECT OF PASSAGE emergency repair of sewer for radcliff court in hoevelwood add. 


EFFECT OF NON-PASSAGE unsatisfactory sewer conditions, incomplete storm drainage 


MONEY INVOLVED (Direct costs. Expenditures, Savings) $ 2 , 038.00 from water pollution 
control utility funds. 


ASSIGNED TO COMMITTEE 






























